ಕರ್ನಾಟಕ ವಿಧಾನ ಪರಿಷತ್ತು, 


3. ಉತ್ತರಿಸಬೇಕಾದ ದಿನಾಂಕ 


ಸಂಖೆ 


: 1647 

: ಶ್ರೀ ಮೋಹನ್‌ ಕುಮಾರ್‌ ಕೊಂಡಜ್ಜಿ 
(ನಾಮನಿರ್ದೇಶನ ಹೊಂದಿದವರು) 

: 18.03.2021. 


ತಸ] ಪ್ರಶ್ನೆಗಳು ಉತ್ತರಗಳು 

ಅ) | ಎತ್ತಿನಹೊಳಿ ``ಏತ' ನೀರಾವರಿ ] ಎತ್ತಿನಹೊಳಿ ಸಮಗ 'ಕಹುಡಿಯುವ್‌ ನೀರಿನ "ಯೋಜನೆಯ 
ಯೋಜನೆಯನ್ನು ಯಾವಾಗ | ರೂ.12912.36 ಕೋಟಿ ಮೊತ್ತದ ವಿವರವಾದ ಯೋಜನಾ 
ಪ್ರಾರಂಭಿಸಲಾಯಿತು; ಯೋಜನೆಯ | ವರದಿಗೆ ದಿನಾಂಕಃ17.02.2014 ರಲ್ಲಿ ಸರ್ಕಾರದಿಂದ 
ಒಟ್ಟು ಅಂದಾಜು ವೆಚ್ಚವೆಷ್ಟು; | ಆಡಳಿತಾತ್ಮಕ ಅನುಮೋದನೆಯನ್ನು ನೀಡಲಾಗಿರುತ್ತದೆ. 
ಈವರೆಗೆ ಪಾವತಿಸಲಾದ | ಯೋಜನೆಯನ್ನು 2013-14 ರಲ್ಲಿ ಪ್ರಾರಂಭಿಸಲಾಗಿದ್ದು, 
ಮೊತ್ತವೆಷ್ಟು; ಪಾವತಿಸಲು | ಫೆಬ್ರವರಿ 2021 ರ ವರೆಗೆ ರೂ.7796.32 ಕೋಟಿ ಮೊತ್ತ 


ಬಾಕಿಯಿರುವ ಮೊತ್ತವೆಷ್ಟು 


ಪಾವತಿಸಲಾಗಿರುತ್ತದೆ. ರೂ.1918.68 ಕೋಟಿಗಳ Pending 
bil ಪಾವತಿಗಾಗಿ ಬಾಕಿ ಇರುತ್ತದೆ. 


ಆ) 


ಈ ಯೋಜನೆಯಲ್ಲಿ ಕೆಲಸ 
ಮಾಡುತ್ತಿರುವ ಗುತ್ತಿಗೆದಾರರು 
ಯಾರು; ಅವರು ಈತನಕ ಮಾಡಿದ 
ಮತ್ತು ಮಾಡಲಿರುವ 
ಕಾಮಗಾರಿಗಳು ಯಾವುವು; 
ಗುತ್ತಿಗೆಯ ಅವಧಿ ಪೂರ್ಣಗೊಳ್ಳುವ 
ದಿನಾಂಕ ಯಾವುವು; (ಗುತ್ತಿಗೆದಾರರ 
ಹೆಸರು, ವಿಳಾಸ ಮತ್ತು ಮಾಡಿರುವ 
ಕಾಮಗಾರಿ ಹೆಸರುವಾರು ಪೂರ್ಣ 


ವಿವರಗಳನ್ನು ಅನುಬಂಧದಲ್ಲಿ ಲಗತ್ತಿಸಿದೆ. 


ವಿವರ ನೀಡುವುದು) 

ಇ) ಈ ಯೋಜನೆಯಲ್ಲಿ 
ಯಾವುದಾದರೂ ಕಾಮಗಾರಿಗೆ 
ಇ.ಎಫ್‌.ಐ (£೯) ಪಕಾರ ಹಣ | 
ನೀಡಲಾಗಿದೆಯೇ? (ನೀಡಿದ್ದರೆ, ಇನಾವುಧು: ಇಮುವುಣಿಲ: 
ಗುತ್ತಿಗೆದಾರ ಮತ್ತು ಕಾಮಗಾರಿವಾರು 
ವಿವರ ನೀಡುವುದು) 


ಸಂಖ್ಯೆ ಜಸಂಇ 40 ಡಬ್ಬ್ರ್ಯೂಎಲ್‌ಎ 2021 


A 
ಬೆ. 
(ಬಿ.ಎಸ್‌ ಯಡಿಯೂರಪ್ಪ) 
ಮುಖ್ಯಮಂತ್ರಿ 


ಅನುಬಂಧ 


Sl.no 


Name of work 


Name of Agency 


Due Date of 
Completion 


2 


4 


ಭದ ಭಾ ಸನ SE ಸ ; PHASET ನ 2 


Survey, investigation, Design and construction of civil works of diversion weir-1, Intake fore bay, pump house, EOT crane, Delivery chamber no3 , 


design,fabrication,transportation,erection, commissioning MS Rising Mains of required diameter, thickness, number and rows, including protection to outer and inner 
surfaces, providing all types of valves, anchor / thrust blocks, surge protection works, works such as excavation, pipe bedding, approach/service road, structures for 
crossing of raising main pipes for river, nala, valley and roads including construction of Bridges for Crossing of Hemavathy river and Railway line including 
necessary civil works for construction of 220KV/H1KV electrical substation. Design, Supply, Installation, Testing & Commissioning of Metallic Volute pumps of 
required numbers to camy a discharge of 26 cumecs and equal capacity with one number standby pump of equal capacity coupled to synchronous Motor 11KV 
including Pump house electrical works such as HT panel, Soft Starters, Auxillary AC supply, DC supply. Design and construction of 220KV/t1KV electrical 
substation with necessary transformers, for feeding power to number of metallic volute pumps, switch gear, HT metering, cubicals, line protection, transformer 
protection equipment complete for receiving power at 220 KV for the successful completion and commissioning of the scheme.Obtaining environment clearance and 
other statutory clearances from competent authorities. Supply of recommended spare parts and fools, operation and maintenance for a period of 5 years after 
successful commissioning under the Yettinahote Project on lump sum Turn-Key Basis.Package } 


Mis Amrutha constructions Pvt 
Lid-NCC Ltd., UV} 
No. 384/A, Sindhura 
Apartment, RMV -ll stage, H 
Block, Sangalore560094 


31.05.2021 


Survey, investigation, Design and construction of civil works of receiving chamber (DC-1), intake fore bay, surge pool, pump house, EOT crane, design, fabrication, 
transportation, erection, commissioning MS Rising Mains of required diameter, thickness, number and rows, including protection to outer and inner surfaces, 
providing all types of valves, anchor { thrust blocks, surge protection works, works such as excavation, pipe bedding, approach/service road, structures for crossing 
of raising main pipes for major streams, nala, valley and roads including construction of Bridges for Crossing of Hemavathy siver and Railway line including 
necessary civil works for construction of 220KV/1IKV electrical substation. Design, Supply, Installation, Testing & Commissioning of Metallic Volute pumps of 
required numbers to carry a discharge of 44 cumecs and equal capacity with one number standby pump of equal capacity coupled to synchronous Motor 11KV 
including Pump house electrical works such as HT panel, Soft Starters, Auxillary AC supply, DC supply. Design and construction of 220KV/AKV electrical 
substation with necessary transformers, for feeding power to number of metallic volute pumps and , switch gear, HT metering, cubicals, line protection, transformer 
protection equipment complete for receiving power at 220 KV for the successful completion and commissioning of the scheme.Obtaining environment clearance and 
other statutory clearances from competent authorities. Supply of recommended spare parts and tools, operation and maintenance for a period of 5 years after 
successful commissioning under the Yettinahole Project on lump sum Turn-Key Basis. Package It 


Mis G. Shankar-IVRCL {JV} 
Ganesh Nagar, Station road 


31.05.2021 


Survey, investigation, Design and construction of civil works of intake fore bay, surge pool, pump house, EOT crane, Delivery chamber no.4, design, fabrication, 
transportation, erection, commissioning MS Rising Mains of required diameter, thickness, number and rows, including protection to outer and inner surfaces, 
providing all types of valves, anchor / thrust blocks, surge protection works, works such as excavation, pipe bedding, approach/service road, structures for crossing 
lof raising main pipes for major streams, nala, valley and roads, including necessary civil works for construction of 220KV/11KV electrical substation, Design, Supply, 
Installation, Testing & Commissioning of Metallic Volute pumps of required numbers to carry a discharge of 85 cumecs and equal capacity with one number standby 
pump of equal capacity coupled to synchronous Motor 11KV of adequate capacity including Pump house electrical works such as HT panel, SFC/equivalent 
Starters, Auxillary AC supply, DC supply. Design and construction of 220KV/11KV electrical substation with LILO arrangement with necessary no. of transformers, 
for feeding power to number of metallic volute pumps, switch gear, HT metering, cubical, line protection, transformer protection equipment complete for receiving 
power at 220 KV for the successful completion and commissioning of the scheme. Obtaining environment clearance and other statutory clearances from competent 
authorities. Supply of recommended spare parts and fools, operation and maintenance for a period of 5 years after successful commissioning under the Yetlinahole 


Mis Megha Engineering and 
Infrastructure Ltd- IVRCL (W}, 
#10, 1st Floor. 3rd Main, 16th 

Cross, GD Park extension, 

Vyalikaval,Bangalore560003 


Project on lump sum Turn-Key Basis. Package Ill 


31.05.2021 


— 


Name of Agency Due Date 
Sl.no Name of work And Address Completion 
1 2 4 
‘Survey, investigation, Design and construction of civil works of Diversion Weir-2 across Yettinahole lributary-1, Woir-6 across Kerihote stream, Weir-7 across 
Hongadahalla stream & Weir-8 across Yettinahole stream including protection works at each weir and energy dissipating arrangements, with one no. of river sluice 
‘at each weir and necessary allled works, intake fore bay, Jack well cum Pump house at 4 locations (upstream of Weir-2,6,7,8), EOT crane, Delivery chamber no.5, 
design, fabrication, transportation, erection, Commissioning MS Rising Mains from each pump house of required diameter, thickness, number and rows, including 
protection to outer and inner sunfaces, providing all ‘types of valves, anchor / thrust blocks, Surge protection works, works such as excavation, pipe bedding, 
approach/service road, structures for crossing of raising main pipes for major streams, nala, valley and roads, constructlon of bridges across major streams,| py GVPR Engineers Ltd, 
including necessary civil works up to DC-1 for construction of electrical substations at 4 locations. Design, Supply, fnstallation, Testing & Commissioning of Vertical HCC Lid. (JV) 
4 turbine pumps of required numbers to cary 2 mavimym discharge of 30 cumecs and of equal capacities suitable for parallel operation coupled to HT Motors at 41 #8-2-293/82/A, Plot No. 739- 31.05.2021 
locations {upstream of Weir-2,6,7,8), including Pump house electrical works such as Soft Starters, Capacitors banks, HT Panels, cabling, Auxiliary AC supply, DC| A, Road No. 37, Jubilee His, 
Supply. Design and construction of 66KV/11KV electrical Substations at weir-7, 11KV/6.6KV electrical Sub-stalion at weir-6 and 66KV/6.6KV electrical sub-station  Hyderabad-500033 
at weir-2 & 8 with necessary transformers, for feeding:power to number of Vertical Turbine pumps, switch gear, HT metering, cubicals, line protection, transformer 
protection equipment complete for feeding power to number of vertical turbine pumps for the successful completion and commissioning of the scheme. Obtaining 
environment clearance and other statutory clearances from Competent authorities. Supply of recommended spare parts and fools, operation and maintenance for a 
period of 5 years after successful commissioning under the Yettinahole Project on limp sum Turn-Key Basis. Package IV 
Survey, investigation, Design and construction of civil works of Diversion Weir-3 across Yettinahole tributary-2, Weir-4 across Kadumane hole-1 and Weir-5 across, 
Kadumane hole-2 including protection works at 2ach weir and energy dissipating arangements, with one no. of river sluice at each weir and necessary allied works, 
intake fore bay, Jack well cum Pump house at 3 locations (upstream of Weir-3,4 & $), EOT crane, Break Pressure Tank (DC-2), design, fabrication, transportation, 
erection, commissioning MS Rising Mains from each pump house up to Break Pressure Tank and further Gravity Main up to DC-3 of required diameter, thickness, 
number and rows, including protection to outer and inner surfaces, providing all types of valves, anchor / thrust blocks, surge protection works, works such as A 
excavation, pipe bedding, approach/service roa, structures for Crossing of raising mainfgraviy main pipes for major Streams, naa, valley and roads, construction of] Mis VRCL Limited -MEIL 
bridges across Kadumane hole, Yettinahole and Hemavathy river, including necessary civil works up lo DC-3 for construction of electrical substations at 3 locations. #10, 1st Ho 16th 
5 Design, Supply, Installation, Testing & Commissioning of Vertical turbine pumps of required numbers fo cary a maximum discharge of & cumecs and of equal Cross cD Pal ik ext lensio A 31.06.2021 
capacities suitable for parallel operation coupled to HT Motors at 3 locations (upstream of Weir-3,4 & 5), including Pump house electricat works such as Soft Vyallkaval Bangalore560003 
Starters, Capacitors banks, HT Panels, cabling, Auxillary AC Supply, DC supply. Design and construction of B6KVI6.6 KV electrical sub-stations at weir 3,4 & 5 with Hyderabad 
necessary transformers, for feeding power to number of Vertical Turbine pumps, switch gear, HT metering, cubicals, line protection, transformer protection 
‘equipment complete for feeding power to number of vertical turbine pumps for the Successful completion and commissioning of the scheme. Obtaining environment 
‘clearance and other statutory clearances from competent authorities, Supply of recommended spare parts and tools, operation and maintenance for a period of 5 
years after successful commissioning under the Yettinahole Project on lump sum Turm-Key Basis. Package V 
Supply of Materials, Construction and Comissioning of 220KV, GBKV Transmission line for for Yettinahole Project Phase-| Lift Component Works at Sakaleshpur 
Taluk, Hassan Dist. M/s.GVPREL 
6 #8-2-293/82/A, Plot No. 739- 31.05.2020 
A. Road No. 37, Jubilee Hills, 
Hyderabad-500033 
a)Establishing 1X500MVA. Transformer, 400/2204 Substation at Hebbanahall.b)Establishing 2X5OMVA Transformers, 220/667 Substation at Chikkanagara. Mis. KEC Intemational Limited 
C)Formation of LILO system for 400kV double circuit tine at Hebbanahali for Yettinahole integrated drinking water project, Sakaleshpura, Hassan District 377, Namdev Garnet, 
7 p 3 % Ground Floor, Aga abbas Ali 31.05.2019 


Road, Off Halasur 
Raod,Bangalore560042 


‘Slno 


Name of work 


Name of Agency 
ನಿಣರೆ ಸಿರೆರೆೇ8ss 


Due Date of 
i Completion 


Construction of Tunnel from KM 0.000 to KM 1.156/1.500, KM 3. ಇ 7 KM 30.380 and Graviy canal from KM 1.156/1.500 to KM 7.000, KM 29.000 to KM 29.140, 
KM 30.380 to KM 30.931/31.000 comprising of Earthwork excavation, formation of embankment, CC lining including constructionof CD works lke Aqueduct and 
[other structures under Yettinahole Project (YGC-Pkg-l) 


MIs. Shankaranarayana 
Constructions Private Limited 


8 4th floor, #7 Residency Road ¥ 
{old no. 9 } Raja Ram Mohan 19-06-2021 
Roy Road 
Bangalore 560025 
Construction of Tunne! from CH 0.000 Kl |} K i i 
Tunnel M to 1.156/1.500 KM and Aqueduct from CH 5.440 KM to 6.880 KM of Yettinahole Gravity Canal (YGC PKG 1A} Ms. Shankeranarayana 
Constructions Private Limited 
9 4th floor, #7 Residency Road 
{old no. 9 } Raja Ram Mohan 30.06.2021 
Roy Road 
Bangalore 560025 
Construction of Gravity canal from KM 7.00 to KM 14.00 comprising of Earthwork excavation, formation of embankment, CC lining including construction of CDI ys Amrutha Constructions 
works like Aqueduct and other structures under Yettinahole Project {YGC-PKG-ll) PutLid 
10 ' No. 384/A, Sindhura 31-03-2021 
Apartment, RMV -ll stage, |} 
K Block, Bangalore560094 
Construction of Gravity canal from KM 14.00 to KM 24.00 comprising of Earthwork excavation, formation of embankment, CC fining including construction of CD Srl G Shankar 
11 [works like Aqueduct and other structures under Yettinahole Project (YGC-PKG-lil) Ganesh Nagar, Station oad 19.06.2021 
K Bijapur ' 
Construction of gravity canal from KM 24.000 to KM 55.000 KM (Excluding Tunnel reach from KM 29.000 to KM 31.000 and KM 49.500 to KM 51.500) comprising DY Uppar and sons 
lof earthwork excavtion, formation of embankment, CC lining Including construction of CD works like CHute, Aqueduct and othet structures under Yettinahole project| # 148/6-1, 5th Cross, RMY 
{YGC PKG-IV) Extension, 
12 Sadashivanagar,Bangalore56 01.07.2021. 
0080 
Construclion of Tunnel from Km 50.050 to Km 50.780 and Gravity Canal from Km 49.500 to Km 50.050 and Km 50.780 to Km 51.500 comprising of Earthwork Sarala Viscon JV 
13 Excavation, formation of Embankment, CC Lining using Mechanical Paver including construction of CD Works under Yettinahole Project (YGC-PKG ~ V) 6-3-4186/5/A, 3rd Floor, 21.06.2024 
Amogh Plaza, Begumpet, Nas 
Hyderabad 560016 k 
Construction of Gravity Canal from km 55.00 to km 64.06 comprising of Earthwork Excavation, Formation of Embankment, CC Lining using Mechanical Paver, | Mis. Amrutha Construction 
inctuding construction of CD Works, RCC Trough Aquaduct and other structures under Yettinahole Project (YGC-PKG-VI}) Pvt, Ltd 
14 1 No. 384/A, Sindhura 21.03.2021 
Apartment, RMY -ll stage, H 
If — _ Block Bangalore560094 
Construction of Gravity Canal {rom Km 64.00 to km 80.00 comprising of Earthwork Excavation, Formation of Embankment, CC Lining using Mechanical Paver, Mis. Shankaranarayana 
including construction of CD works, Chute, RCC Trough aqueduct, Tune! and other structures under Yettinahole Project (YGC-PKG-Vil) Constructions Private Limited 
15 4th floor, #7 Residency Road 21.03.2021 


{old no, $) Raja Ram Mohan 
Roy Road 
Bangalore 560025 


Name of Agency 


Due Date 0f 


SkLno Name of work ಸಿಗರೆ ಸಿರರ್ಟೇಸs Completion 
1 | 2 r 4 
Construction of Gravity Canal from Km 80.00 fo Km 89.00 comprising of Earthwork Excavation, Formation of Embankment, CC Lining using Mechanical Paver, Ms Reddy Veeranna 
including construction of CD Works,other structures under Yettinahole Project (YGC-PKG-VIll} Constricione Pia Limited 
* Classic Coat, Second Floor 
16 9/1, Richmond Road 21.03.2021 
Bangatore 560025 
Construction of Gravity Canal from Km 89.00 to Km 98.00 comprising of Earthwork Excavation, Formation of Embankment, CC Lining Using Mechanical Paver, SiG Shankar 
17 [including construction of CD works, RCC {rough Aqueduct and other Structures under Yettinahole Project (YGC-PKG-X} Ganesh Nagar, Station road 21.03.2021 
' _ Bijapur 
Construction of Gravity Canal from Km 56.000 fo 98.940 and Km 99.960 to 100.000 including tunnet from km 98.940 to km 98560 comprising of Earthwork Mis. Shankaranaravana 
Excavation, Formation of Embankment, CC Lining using Mechanical Paver, including construction of CD works, Other structures under Yettinahole Project {YGC- Constructions Pee red 
PKG) 4th floor, # 7 Residency Road 
18 (oid no. 9 } Raja Ram Mohan 21.12.2019 
Roy Road 
Bangalore 560025 
K . L . 
Construction of Gravity canal from Km 170.2870 Km 177.270 and Km 182.220 to Km 182.500 (Comprising of Excavation, formation of Embankment, CC lining] Mis BSR Infratech india Lid 
19 |SIng Mechanical Paver including structures) and Major Aqueduct from Km 177.270 to Km 182.220 under Yettinahole Project (YGC-Package- Xl} 851 D Block , 15 th cross, 11.03.2021 
sahnkar Nagar “ಳಿ. 
Bangalore-560092 
Construction of Gravity canal from Km 162506 to Km 182.530 and Km 183,210 to Km 198.000 (Comprising of Excavation, formation of Embankment, CC lining Mis Star Builders and 
using Mechanical Paver including structures) and Aqueduct from Kni 182.530 to Km 183.210 under Yeftinahole Project {(YGC-PKG- X11) Developers 
20 #177, 6th Main road, KEB 11.03.2021 
Layout , Sanjay Nagar, 
_ Bangalore560094 
Construction of Gravity canal from Km 198 000 lo Km 199.620 (Comprising of Excavation, formation of Embankment, CC lining using Mechanical Paver including! Ms Ocean constructions 
Structures) and Construction of Major Aqueduct from Km 199.620 to Km 201.880 with required discharge of 93.50 cumecs under Yettinahole Project (Package 1) |Private timited #15-17-893/ 3- 
21 3, Zuhra, 2nd cross, Shivbag, | 31.03.2021 
Kadari, Mangalore 575002 
[Constiucion of Major Aqueduct of Yettinahole Gravity Main Canal from Km 201.880 to Km 206.350 with required discharge of 93.50 cumecs under Yeitinahole Mis ShankaraNarayan 
Project (Package I1) Constructions Pvt. Lid. 4th 
floor, #7 Residency Road (old 
22 no. 9) Raja Ram Mohan Roy 31.03.2021 
Road 
, Bangalore 560025 
“JGonstruction of Major Aqueduct of Yetiinahole Gravity Main Canal from Km 206.350 to Km210.090 with required discharge of 93.50 cumecs under Yettinahole G.Shankar 
23 [Project (Package Il} - > Ganesh Nagar, Station road 15.02.2021 
° Bijapur 
[Consirction of Gravity canal from Km 210.090 {o Km 222.000 Comprising of Excavation, formation of Embankment, CC lining using Mechanical Paver including G.Shankar 
24 {construction of CD work and Aqueduct from Km 249.420 to Km 221.740 under yettinahole project (YGC Package-XIl}) Ganesh Nagar, Station road 11.03.2021 


Bijapur 


" Slno 


pe 


Name of work 


Name of Agency 
And Address 


Due Date of 
Completion 


2 


4 


Construction of Gravity Canal from Km 222.00 to km 240.00 comprising of Earthwork Excavation, formation of Embankment, CC Lining using Mechanical Paver, 
including construction of CD works and other structures under Yettinahole Project ( PKG XIV} (Indent No:1012} 


Mis SNC Pu LTD 
4th floor, £7 Residency Road 
{old no. 9} Raja Ram Mohan 
Roy Road 
Bangalore 560025 


31.10.2021 


26 


including structures and Aqueducts) under Yettinahole Project (YGC-PKG-XV) 


“Construction of Gravity canal from Km 100.000 to Km 115.000 {Comprising of Earthwork Excavation, formation of Embankment, CC lining using Mechanical Paver 


Mis PLR Projects Put Ltd 
Inwinex Towers, Plot No. 130, 
3rd floor, unit No. 3-8, Road 
No. 2, Banjara Hills , 
Hyderabad 


07103102021 


27 


Construction of Gravity canal 
including structures and Aqueducts from Km $16.760 to Km 118.340 and from km 118.830 to km 120.000) under Yettinahole Project (YGC-PKG- XVI) 


[ 


from Km 715.000 to Km 120.000 (Comprising of Earthwork Excavation, formation of Embankment, CC lining using Mechanical Paver 


Mis SNC PtLTD 
4th floor, # 7 Residency Road 
{old no. 9) Raja Ram Mohan 
Roy Road 
Bangalore 560025 


07103102022 


28 


Construction of Gravity canal from Km 120.000 to 


'Yettinahole Proiect (YGC PKG XVID 


Km 127.000 {Comprising of Earthwork Excavation, formation of Embankment, CC lining using Mechanical Paver including structures and Aqueducts) under| 


G.Shankar 
Ganesh Nagar, Station road 
Bijapur 


07/03/02023 


29 


Construction of Gravity canal 
including structures and Major Aqueduct from Km 134.980 fo Km 137.620) under Yettinahole Project (YGC-PKG- XVID 


from Km 127.000 to Km 137.620 (Comprising of Earthwork Excavation, formation of Embankment, CC lining using Mechanical. Paver 


Ws SNC Put LTO 
4th floor, #7 Residency Road 
(old no, 9) Raja Ram Mohan 
” Roy Road 
Bangalore 560025 


07/03/02023 


30 


Construction of Gravity canal 
including structures and Major Aqueduct frorn Ch:137,820 km to Ch:139.510 kn) under Yettinahole Project {YGC-PKG- XIX) 


from Km 137.620 to Km 140.700 (Comprising of Earthwork Excavation, formation of Embankment, CC lining using Mechanical Paver| 


Ms Ocean constructions 
Private limited 
Private limited #15-17-893/ 3- 
3, Zuhra , 2nd cross, Shivbag, 
Kadari, Mangalore 575002 


07/03/02023 


31 


including structures and Major Aqueduct from Ch:140.700 km to Ch:142.110 km) under Yettinahole Project (YGC-PKG- XX} 


Construction of Gravity canal from Km 140.700 to Km 146.000 {Comprising of Earthwork Excavation, formation of Embankment, CC lining using Mechanical Paver 


G.Shankar 
Ganesh Nagar, Station road 
Bijapur 


07103/02023 


32 


Paver including structures) under Yettinahole Project (YGC-PKG- XXl) 


Construction of Gravity canal from Km 146.000 to Km 156.000 {Comprising of Earthwork Excavation, formation of Embankment, CC lining using Mechanical 


A.Bhupal Reddy 
Ashok nAgar, Bhopal Reddy 
Compound, Behind Petrol 
Bunk, Avambhavi, Bellari - 
583102 


07/03/02023 


33 


including structures and Major Aqueduct from Ch:157,350 km to Ch:157.980 km)under Yettinahol Project (YGC-PKG~ XXli} 


IConstruction of Gravity canal from Km 156,000 to Km 161.203 (Comprising of Earthwork Excavation, formation of Embankment, CC lining using Mechanical Paver 


K.Doddahanumanthappa 
Door No. 2-116, 
Venkateshwara Nilaya , 
Opposite KEB NC Colony, 
Dam Road , Hospet-583201 


07/03/02023 
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Construction of Balancing Reservoir near Bhairagondlu village, Koratagere tatuk under Yettinahole project. 


Mis. DY Uppar & Son 
# 1486-4, 5th Cross, RMV 
Extension, 
Sadashivanagar,Bangalore 
560080 


18.08.2021 


Sl.no 


Name of work 


Name of Agency 
And Address 


Due Date of 
Completion 


2 


4 
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Construction of T.G Halli & Ramanagara Gravity Feeder Canal (Lerigth about 57 km) including lift component (Length about 7 km) under Yettinahole Project. 


Mis. SNC-MEIL (JV) 
4th floor, #7 Residency Road 
{old no. 9 } Raja Ram Mohan 
Roy Road 
Bangalore 560025 


07/03/02023 
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construction of Madhugiri Gravity Feeder Open canal fon km 0.000 to 
1.710 to Km 38.000 including Structures under Yettinahole Project (MGF PKG-l) 


km 4.710 and supply, Installation, Testing and Commissioning of Gravity MS Pipe from Km| 


Mis PLR Projects Pvt Ltd 
inwinex Towers, Plot No. $30, 
3rd floor, unit No, 3-B, Road 
No. 2, Banjara Hills, 
Hyderabdd 


09-07-2022 
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“Construction of Madhugiri Gravity Feeder from Km 38.000 to Kin 120.488 
including Structures under Yettinahole Project (MGF PKG-li} 


Comprising of Supply, installation, Testing and Commissioning of Gravity MS Pipe 


M's Megha Engineering and 
Infrastructure Lid- VRCL (WV), 
#10, 1st Floor. 3rd Main, 16th 

Cross, GD Park extension, 
Vyalikaval,Bangalore580003 

Hyderabad 


09-07-2022 
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including Structures under Yettinahole Project 


Construction of Gowribidanur Gravity Feeder from km 0000 to km 81.600 comprising of supply, Installation, Testing and Commissioning of Gravity MS Pipe 


Mis ADU infra-Mis SNC(YV} 
4th floor, # 7 Residency Road 
{old no. 9) Raja Ram Mohan 

Roy Road 
Bangalore 560025 


RE 


02-10-2022 
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including construction of CD works, Aqueducts and other structures under Yettinahole Project. (YGC-Pkg XXII). 


Construction of Gravity Canal from Km 240.00 tc Km 244,35 corhprising-of Earthwork Excavation, Formation of Embankment, CC Lining using Mechanical Paver, 


M/s.BSR Infratech india lid 
851 D Block, 15 th cross, 
sahnkar Nagar 
Bangalore-560092 


19-12-2022 
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including construction of CD works, Tunnels, Aqueducis dnd other structures under Yettinahole Project. (YGC-Pkg -XXIV). 


Construction of Gravity Canal from Kim 244.35 to Km 249.15 comprising of Earthwork Excavation, Formation of Embankment, CC Lining using Mechanical Paver, 


Mis.Sarala project works pyt 
ltd Ws V.l.Shetty & 
company {JV} 
6-3-1186/5/A, 3rd Floor, 
Amogh Plaza, Begumpet, 
Hyderabad 560016 


22-12-2022 
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” [Construction of Gravity Canal from Km 249.15 to Km 255.00 comprising of Earthwork Excavation, Formation of 


including construction of CD works, Tunnels and other structures under Yettinahole Project. (¥GC-Pkg -XXV}. 


Embankment, CC Lining using Mechanical Paver, 


Mis U.Rajesh Karanth- 
K.Doddahanumanthappa(M/s 
URK-KDH-SCPL (IV) 
Anantha Nilaya", 
Uppinakudru, Kundapura 
taluk, Udupi District 576230 


24-01-2022 
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including construction of CD works, Tunnels, Aqueducts ‘and other structures under Yettinahole Project. (YGC-Pkg ~XXVI) 


Construction of Gravity Canal from Km 255.00 to Km 258.97 comprising oF Earthwork Excavation, Formation of Embankment, CC Lining using Mechanical Paver, 


(W) 
Bangalore 


Mis.Sadguru Infratech pvt ld - 
Mis.P Dasaratharama reddy |” 


22-12-2022 


